CITY OF FAIRFIELD 


RESOLUTION NO. 2014 - 148 

RESOLUTION OF THE CITY COUNCIL APPROVING PLANS AND SPECIFICATIONS 
AND AWARDING A CONTRACT TO DIEDE CONSTRUCTION, INC., FOR THE 
DUNNELL NATURE PARK AND EDUCATION CENTER PROJECT 

WHEREAS, the bid opening for the Dunnell Nature Park and Education Center Project 
took place on June 5, 2014; and 

WHEREAS, the apparent low bidder is Diede Construction, Inc., in the amount of 
$2,692,200; and 

WHEREAS, staff has reviewed the bid from Diede Construction, Inc., and found it to be 
in order, and 

WHEREAS, staff is recommending that the City Council include all four additive 
alternates to the contract award, and award the contract to Diede Construction Inc., as 
the lowest responsive and responsible bidder. 

NOW, THEREFORE, THE COUNCIL OF THE CITY OF FAIRFIELD HEREBY 
RESOLVES: 

Section 1. The plans and specifications for the Dunnell Nature Park and Education 
Center Project are hereby approved. 

Section 2. The project is budgeted by a combination of $1,343,120 Nature Education 
Facility grant funds and the balance by AB1600 Park funds accounted for in the adopted 
2014/2015 Budget and Ten-Year Financial Plan in the Park’s Capital Project Fund 
(251). 

Section 3. The City Manager is authorized to enter into a contract with Diede 
Construction, Inc., for the Dunnell Nature Park and Education Center in the amount of 
$2,692,200 (base bid and additive alternatives #1, #2, #3, and #4). 

Section 4. The City Manager is authorized to enter into an escrow agreement for 
security deposits in lieu of retention for said contract, if necessary. 

Section 5. The City Manager is hereby authorized to implement the above-mentioned 
contract and escrow agreement. 



PASSED AND ADOPTED this 1®* di 
AYES: COUNCILMEMBERS: 

NOES: COUNCILMEMBERS; 

ABSENT; COUNCILMEMBERS: 
ABSTAIN: COUNCILMEMBERS: 
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CITY OF FAIRFIELD 
STATE OF CALIFORNIA 

PROPOSAL 

DUNNELL NATURE PARK & EDUCATION CENTER 


Nsme of Bidder Plede construction. In c. 

To the City Clerk of the City of Fairfield: 

The undersigned declares that he has examined the locations of the proposed work, that he has examined 
the plans, specifications, and all the contract documents, and hereby proposes to furnish all materials, labor, 
equipment, and perform ail the work in strict accordance with said plans, specifications, and contract 
documents in consideration of the attached schedule. 

The undersigned further agrees that, upon written acceptance of this bid, he will within FIFTEEN (15) working 
days of receipt of such notice execute a formal contract agreement with the City of Fairfield, with necessary 
bonds and certificate and city standard form endorsement of insurance. He also agrees that, in the case of 
default in executing tte contract, the proceeds of the check or bond accompanying his bid shall become the 
property of the City of Fairfield. 

The undersigned agrees that, if awarded the contract, he will commence the work upon written notice to 
proceed and shall diligently prosecute the same to completion before the expiraticxi of THREE HUNDRED 
THIRTY FIVE (335) calendar days from the date of said written notice to proceed. 

Bids are to be submitted for the entire work. 

The amount of the bid for comparison purposes wilt be the Total Base Bid Lump Sum amount plus all four 
Add Alternate bid amounts. The undersigned, however, understands that the City may approve or reject 
any or all of the Add Alternates in its discretion. 

The bidder shall set forth for each unit basis item of work an item price and a total for the item, and for each 
lump sum item a total for the item, all in clearly legible figures in the respective spaces provided for this 
purpose. In the case of unit basis items, the amount set forth under the "Total" column shall be the extension 
of the item price bid on the basis of the estimated quantity for this item. 

In case of discrepancy between the item price and the total set forth for a unit basis item, the item price shall 
prevail, provided, however, if the amount set forth as an item price is ambiguous, unintelligible or uncertain for 
any cause, or is omitted, or is the same amount as the entry in the "Total" column, then the amount set forth 
in the 'Total" column for the item shall prevail and shall be divided by the estimated quantity for the item and 
the price thus obtained shall be the item price. 

The following quantities are approximate only, being given as a basis for the comparison of bids, and the City 
of Fairfield does not expressly or by implication agree that the actual amount of work will correspond 
therewith and reserves the right to increase or decrease the amount of any portion of the work or to omit 
portions of the work as may be deemed necessary or advisable by the Engineer. The undersigned further 
agrees to accept the aforesaid unit bid prices in compensation for any additions or deductions caused by 
variation in quantity due to more accurate measurement or by any changes or alterations in the plans or 
specifications of the work. 
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DUNNELL NATURE PARK & EDUCATION CENTER 


A. BASE BID 

The undersigned declares that he has examined the locations of the proposed work, that 
he has examined the plans, specifications, and all the contract documents and hereby 
proposes to furnish all materials, labor, equipment, and perform all work in strict 
accordance with the said plans, specifications, and contract documents, including septic 
tank removal, if necessary, as described in the Instructions To Bidders, for the lump sum 
of: 

Total Base Bid Lump Sum Amount = $ ^ _ 

(Includes a Separate $5,000 Allowance each for Septic Tank Removal, 
Well Destruction & Abandonment, and Building Dry Rot Replacement) 


b. add alternate #1 


Item 

No. 

Item of Work 

Unit 

jgyyill 

Item price 

Total Price 

1 . 

Freestanding Trellis Structures 

ls 

bssezbi 




Total Add Alternate #1 Bid Lump Sum Amount = 


C. ADD ALTERNATE #2 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item price 

Total Price 

1, 

Window Replacement - Program 
Area ‘A’ Room 01, South Wall 

LS 

Allow 

6?, 



Total Add Alternate #2 Bid Lump Sum Amount = $ 


D. ADD ALTERNATE #3 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item price 

Total Price 

1. 

Prefabricated Storage Shed 

LS 

Allow 




Total Add Alternate #3 Bid Lump Sum Amount = $ /<y 
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E. ADD ALTERNATE #4 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item price 

Total Price 

1. 

Decorative Concrete Finish at 
Nature Education Center Patio 

LS 

Allow 




Total Add Alternate #4 Bid Lump Sum Amount = $ 


Total Base Bid Lump Sum Amount and Total Add Alternates Bid Lump Sum Amount 

(INCLUDING Add Alternates #1 through #4) = $ ^ _ 

Determination of Bid Award) 


Bidder shall complete the form for each schedule legibly and in its entirety. An 
incomplete form shall be grounds for disqualification of tiie bid. 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


& 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
yvgrk to be performed 

Percent of 
Total 

























froctCTvof, c»9 



^9 











^f r uTiit 'rA 


_ c^/f. _ 









Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the wor1< to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor wrtio will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows; 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or ltem{s) of 
work to be performed 

Percent of 
Total 


wBBBBStKk 






'^=i— - 





2) f A/ t'f>0 -«•/■-€ T-< "PifrC. 
n\or>’n OffV 

9 •go 











3) PtyoP 

L. fjH 

jc?) 


Ol 










: 728'rzs' 


0,9 










Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 


The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
work to be performed 

Percent of 
Total 













2) 3 /*.»<> fi^f eO- 


KooFi^ f 

Ll 
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4) cof^r-e^y 



Li 










Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In accordance wifri Section 5 of the General Provisions for this contract, the following list of sutxontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the cortditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or ltem{s) of 
work to be performed 

Percent of 
Total 

1) C0f/}To(. /i* 


FLOor> y 

o.% 



















^ .... . 







■tg sw 

eF)yr/f»y 
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/.2_ 
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0 
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Note: Attach additional sheets if required 













DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contoactor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract ttiat portion of the woi1< except under the conditions hereinafter set forth. 

Subletting or subcontracting of any pcxtion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows; 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or ltem{s) of 
work to be performed 

•mSMI 




wm 
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t~o cW 
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Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the constniction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note; Attach additional sheets if required 
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OUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subconbactor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who vrill perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written aprxoval from the Engineer. 

The name and iocatkxi of the shop or office of each subcontractor who vwll perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 


Sub-contractor 
License Number 


Portion of Work or ltem{s) of Percent of 
work to be perfomned Total 



Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of sutxontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of toe work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under toe conditions hereinafter set forth. 

Sublettir^ or subcontractir\g of any portion of the work for which no subcontractor was designated in toe 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written apfHOval from toe Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by toe subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note: Attach additional sheets if required 


P-5 








DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the \AK>rk for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or ltem{s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demoiition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows; 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or ltem{s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note; Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who wilt perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows; 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or llem{s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 


In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be performed under the 
contract, he shall be deem^ to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under ttie conditions hereinafter set forth. 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
work to be performed 

Percent of 
Total 

1) 












2) 












3) 












4) 













Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATION CENTER 


PERVtOUS CONCRETE QUALIFICATIQN'q 

In accordsncs with Tschnical Specification Section 32 13 43 - Pervious Concrete Paving for this contract, the 
following Ist of project references is submitted wath the prtjposal and made a part thereof. 

if the Cantraotor fails to provide a minimum of three successful Pervious Concrete Pavement projects his bid 
shall be deemed unresponsive. 


The Project Name, Address and Owner Contact information for reference are as follows: 


Project Name 

Project Address 

j Owner Name 

1 Contact Informsttinn 1 

^ Lf-'" 

CA 


HUH 

2} f 

‘2So\ 

C> 


f’O 

Ci^vrvP*r> G- 

' 

3) 

C&r 




^'23 

C\^ ^ 

/'n>a^*r<37v^'^ 

39i CfUT^y-^ 
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®) 

'2.2->e ^.^iCYeTc. 

ce>iS- 


*7^' ccea-A A.-- 

CiGiC. Cj^ 
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DUNNELL NATURE PARK & EDUCATION CENTER 


PERVIOUS CONCRETE QUALIFICATIONS 


In accordance with Technical Specification Section 32 13 43 - Pervious Concrete Paving for this contract, the 
following list of project references is submitted with the proposal and made a part thereof. 

If the Contractor fails to provide a minimum of three successful Pervious Concrete Pavement projects, his bid 
shall be deemed unresponsive. 


The Project Name, Address and Owner Contact Information for reference are as follows; 


Project Name 

Project Address 

Owner Name 

Contact Information 

1) 




2) 




3) 




4) 




5) 




6) 





Note: Attach additional sheets if required 
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NONCOLLUSION AFFIDAVIT TO BE EXECUTED BY BIDDER 
AND SUBMITTED WITH BID 


_ Steven L. Diede _, being first duly sworn, deposes and says that he or 

she is_ President _of Diede Construction, Inc. _ 

_^the party making the foregoing bid, that the bid is not made in the interest of, or on 

behalf of, any undisclosed person, partnership, company, association, organization, or 
corporation; that the bid is genuine and not collusive or sham; that the bidder has not 
directly or indirectly induced or solicited any other bidder to put in a false or sham bid, and 
has not directly or indirectly colluded, conspired, connived, or agreed with any bidder or 
anyone else to put in a sham bid, or that anyone shall refrain from bidding; that the bidder 
has not in any manner, directly or indirectly, sought by agreement, communication, or 
conference with anyone to fix the bid price of the bidder or any other bidder, or to fix any 
overhead, profit, or cost element of the bid price, or of that of any other bidder, or to secure 
any advantage against the public body awarding the contract of anyone interested in the 
proposed contract; that all statements contained in the bid are true; and further, that the 
bidder has not, directly or indirectly, submitted his or her bid price or any breakdown 
thereof, or the contents thereof, or divulged information or data relative thereto, or paid, 
and will not pay, any fee to any corporation, partnership, company association, 
organization, bid depository, or to any member or agent thereof to effectuate a collusive or 
sham bid. 



NOTE: THIS FORM MUST BE NOTARIZED. 
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Diede Construction, Inc. 


Name of Firm 


PO Box 1007, Woodbridge, CA. 95258 


Business Address 



Contractor's License: 

a. Class: a B C-2 C-S ClS C39 ASB HAZ C61/D2B C27 

b. Number: 632667 _ 

c. Expiration Date: 12/31/2015 _ 

FEI Number: 68-0257126 _ 

If corporation or partnership, give legal name of corporation, president, secretary, 
treasurer, 

or names of all partners. 


Diede Construction, Inc. is a California Corporation 


P.O. Box 1007 Woodbridge. CA. 95258 


Steven L. Diede, President 


Lillian Diede. Secretary / .XreasiirPr 


P-8 








state of California 
County of San Joaquin 


Subscribed and sworn to (or affirmed) before me on this 30th 

day of May _, 20 14 , b y Linda Greaorich. _ 

Notary Public _ 

proved to me on the basis of satisfactory evidence to be the 
personC^/who appeared before me. 

LINDA GREGORICH ¥ 

\ Commission # 1925968 t 
I Notary Pubiic - California i 
San Joaquin County g 
My Comm. Expires Feb 13, 20151 







BID BOND 


KNOW ALL PERSONS BY THESE PRESENTS that: 

WHEREAS the City of Fairfield (“City") has issued an invitation for bids for the work 
described as follows; 

DUNNELL NATURE PARK & EDUCATION CENTER 

WHEREAS Diede Construction, Inc. 

12393 N. Highway 99, W. Frontage Road, Lodi, CA 95240 
(Name and address of Bidder) 

(“Contractor") desires to submit a bid to City for the work. 

WHEREAS, bidders are required under the provisions of the California Public Contract 
Code to furnish a form of bidder’s security with their bid. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Travelers Casualty and Surety Company of America 

One Tower Square, Hartford, CT 06183 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum pf Ten Percent of the Amount Bid 


Dollars ($ (io% of the Amount Bid) _being not less than ten percent (10%) of the 

total bid price, in lawful money of the United States of America, for the payment of which 
sum well and truly to be made, we bind ourselves, our heirs, executors, administrators, 
successors, and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor is awarded a contract for the work by City and, within the time and in the 
manner required by the bidding specifications, enters into the written form of contract 
included with bidding specifications, furnishes the required bonds, one to guarantee 
faithful performance and the other to guarantee payment for labor and materials, and 
furnishes the required insurance coverages, then this obligation shall become null and 
void; otherwise, it shall be and remain in full force and effect. 

In case suit is brought upon this bond. Surety further agrees to pay all court costs 
incurred by City in the suit and reasonable attorneys' fees in an amount fixed by the 
court. Surety hereby waives the provisions of California Civil Code § 2845. 
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IN WITNESS WHEREOF, this instrument has been duly executed by Contractor and 
Surety, on the date set forth below, the name of each corporate party being hereto 
affixed and these presents duly signed by its undersigned representative(s) pursuant to 
authority of its governing body. 



“Surety” 

Travelers Casualty and Surety Company of America 



By:_ 

Title 

Steven L. Diede, President 


By:_ 

Title 


(Seal) (Seal) 

Note: This bond must be dated, alt signatures must be notarized, and evidence of the authority of any person 
signing as attamey-in-fact must be attached. 
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state of California 
County of San Joaquin 


Subscribed and sworn to (or affirmed) before me on this 30th 

day of May _, 20 14 , by Linda Greaorich. _ 

Notary Public _ 

proved to me on the basis of satisfactory evidence to be the 
personC^/who appeared before me. 


■ A ifc A 


1 


LINDA GREGORICH 
Commission # 1925968 
I Notary Public - California 1 

San Joaquin County g 

My Comm. Expires Feb 13, 20151 





CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT 


STATE OF CALIFORNIA 


County of Sacramento 
On May 30, 2014 


before me, Melissa D. Diaz ___, Notary Public, 

Insert Name of Notary exactly as it appears on the official seal 


personallyappeared Patricia M. Simas 




7, 201^ J 


Place Notary Seal Above 


Name(s) of Slgner(s) 


who proved to me on the basis of satisfactory evidence to 
be the person(-3) whose name(s) is/are subscribed to the 
within instrument and acknowledged to me that he/she/they 
executed the same in hts/her/their authorized capacity(ies), 
and that by -his/her/their signature(&) on the instrument the 
person(e-), or the entity upon behalf of which the person(s-) 
acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of 
the State of California that the foregoing paragraph is true 
and correct. 

Witness my hand and offi^l seal. 

Signature ----. . 

Signature of Notary Public 


OPTIONAL 


Though the information below is not required by law, it may prove valuable to persons relying on the document 
and could prevent fraudulent removal and reattachment of the form to another document. 

Description of Attached Document 


Title or Type of Document; Bid Bond - Diede Construction 

Document Date; May 30, 2014 _ 

Signer(s) Other Than Named Above;_ 

Capacity(ies) Claimed by Signer(s) 


Signer’s Name;_ 

□ Individual 

□ Corporate Officer—Title(s);_ 

□ Partner □ Limited □ General 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other:_ 

Signer is Representing: 


Number of Pages: 



Signer's Name: _ 

□ Individual 

□ Corporate Officer—Title(s):_ 

□ Partner □ Limited □ General 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other:_ 

Signer is Representing: 











WARNING: THIS POWER OF ATTORNEY IS INVALID WITHOUT THE RED BORDER 


TRAVELERS J 


POWER OF ATTORNEY 

Farmington Casualty Company 

Fidelity and Guaranty Insurance Company 

Fidelity and Guaranty Insurance Underwriters, Inc. 

St. Paul Fire and Marine Insurance Company 
St. Paul Guardian Insurance Company 


St. Paul Mercury Insurance Company 
Travelers Casualty and Surety Company 
Travelers Casualty and Surety Company of America 
United States Fidelity and Guaranty Company 


Attomey-In Fact No. 


226822 


Certificate No. 


005681622 


KNOW ALL MEN BY THESE PRESENTS: That Farmington Casualty Company. St. Paul Fire and Marine Insurance Company. St. Paul Guardian Insurance 
Company. St. Paul Mercury Insurance Company. Travelers Casualty and Surety Company, Travelers Casualty and Surety Company of .America, and United States 
Fidelity and Guaranty Company are corporations duly organized under the laws of the State of Connecticut, that Fidelity and Guaranty Insurance Company is a 
corporation duly organized under the laws of the State of Iowa, and that Fidelity and Guaranty' Insurance Underwriters. Inc., is a corporation duly organized under the 
laws of the State of Wisconsin (herein collectively called the '‘Companies”), and that the Companies do hereby make, constitute and appoint 

B. G. Midstokke, Renee Ramsey, Richard W. Pratt, Patricia M. Simas, Katherine Gordon, John J. Weber, and Joseph H. Weber 


of the City of , 


Sacramento 


State of_ 


California 


. their true and lawful .Attomey(s)-m-Fact. 


each in their separate capacity if more than one is named above, to sign, execute, seal and acknowledge any and all bonds, recognizances, conditional undertakings and 
other writings obligatory in the nature thereof on behalf of the Companies in their business of guaranteeing the fidelity of persons, guaranteeing the performance of 
contracts and executing or guaranteeing bonds and undertakings required or permitted in any actions or proceedings allowed by law. 


IN WITNESS WHEREOF, the Companies have caused this instrument to be signed and their corporate seals to be hereto affixed, this 

, f October 2013 

day of_._. 


Farmington Casualty Company 
Fidelity and Guaranty Insurance Company 
Fidelity and Guaranty Insurance Underwriters, Inc. 
St. Paul Fire and Marine Insurance Company 
St. Paul Guardian Insurance Company 


St. Paul Mercury Insurance Company 
Travelers Casualty and Surety Company 
Travelers Casualty and Surety Company of .America 
United States Fidelity and Guaranty Company 




(|( 1977)1 


' "CUBPOWrEol 

; 1951 i 




VWy 


J l^.SEALyW 


. 





fra| 


State of Connecticut 
City of Hartford ss. 


Robert L. Raney. Senior Vice President 


On this the ^ _day of ^ " , before me personally appeared Robert L. Raney, w ho acknow ledged himself to 

be the Senior Vice President of Farmington Casualty Company, Fidelity and Guaranty Insurance Company, Fidelity and Guaranty Insurance Underwriters. Inc.. St. Paul 
Fire and Marine Insurance Company, St. Paul Guardian Insurance Company, St. Paul Mercury Insurance Company, Travelers Casualty and Surety Company. Travelers 
Casualty and Surety Company of America, and United States Fidelity and Guaranty Company, and that he, as such, being authorized so to do. executed the foregoing 
instrument for the purposes therein contained by signing on behalf of the corporations by himself as a duly authorized officer. 


In Witness Whereof, I hereunto set my hand and official seal. 
My Commission expires the 30th day of June. 2016. 






“Mane C. Teireauit. Notary Public 


58440-8-12 Printed in U.S.A. 


WARNING: THIS POWER OF ATTORNEY IS INVALID WITHOUT THE RED BORDER 











^^--onstruction, inc. 


COMMERCIAL • INDUSTRIAL ■ DESIGN • BUILD 
RO. Box 1007 • Woodbridge, CA 95258 
Lodi (209) 369-8255 • Stockton (209) 464-3352 ■ Fax (209) 368-0600 


License No- 632667 
Ucense No 0042319 




Accrediied Quality 
Contractor 


Corporate Resolution 
Diede Construction, Inc. 

Officers Authorized to Contract 


To authorize the officers to contract and obligate the corporation, in the ordinary course 
of business, the following resolution was, upon motion duly made, seconded and carried, 
adopted; 

RESOLVED; That the following officers or either of them acting alone is, and the same 
hereby are, authorized to sign contracts, bind the corporation, submit proposals and bids and 
otherwise enter into obligations for and on behalf of the corporation; 

President - Steven L. Diede 
Vice-President - Wayne J. Diede 

I, Lillian Diede, Secretary / Treasurer of the Board of Directors of Diede Construction, 
Inc., do hereby declare and attest that the above resolution of Diede Construction, Inc. is true and 
correct and was passed unanimously by the Board of Directors of Diede Construction, Inc. at its 
meeting on October 28, 1991. 


Lillian Diede 
Secretary / Treasurer 




it it 

*^ecle 

^construction, inc. 

Diede Construction, Inc. 

Diede Construction, Inc. (DDC)’s Contractor’s License Number is 632667, and it expires on 
December 31, 2015. 

I state under penalty of perjury that the foregoing is true and correct. 

Diede Construction, Inc. 


Steven L. Diede President 

Authorization to Make Corrections 

The DDC representative delivering this bid is authorized to make changes to the bid documents 
on behalf of DDC and place authorized initials at that change to the bid documents. 

Diede Construction, Inc. 


COMMERCIAL ■ INDUSTRIAL • DESIGN • BUILD caL icense nd. S326 

NV License No. 00423 


P.O. Box 1007 • Woodbridge, CA 95258 
Lodi (209) 369-8255 • Stockton (209) 464-3352 ■ Fax (209) 368-0600 




Accredited Qualii; 

Coninicto 


Steven L. Diede President 



City of Fairfield 

DUNNELL NATURE PARK & EDUCATION CENTER 
ADDENDUM NUMBER 1 


Date: May 22, 2014 


TO ALL PROSPECTIVE BIDDERS: 

The City of Fairfield (City), located at 1000 Webster Street, Fairfield, California 94533, 
hereby issues this addendum to the above-stated project and contract. 

Bidders are instructed to submit bids for this work with the understanding and full 
consideration of this addendum. The revisions declared in this addendum are an essential 
part of the contract, and the contract documents to be executed will contain a copy of this 
addendum. 

Any references to page numbers in this addendum are included to assist Bidders in posting 
the changes in this addendum to the original bidding documents. In cases of conflict 
between the page reference and the description of the change, the description shall take 
precedence. 

The Bidder shall acknowledge receipt of this Addendum on Page of the Bidder’s 
Proposal and attach this signed Addendum Cover Sheet to the Bidder’s Proposal when 
submitted. 

APPROVED; ACKNOWLEDGEMENT: 


Steven L. Diede, President 
E>iede Construction, Inc. 



BIDDER: Return a signed copy of THIS PAGE (only) of this addendum with your 
proposal, unless directed otherwise. Please insert it and ail other addenda signature 
pages, if any, in numerical order, loosely behind the Proposal signature page in the 
Proposal and Contract book. Failure to thus acknowledge receipt of and include the 
provisions of this addendum in your proposal will be just cause for considering your 
bid to be non-responsive. 
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City of Fairfield 

DUNNELL NATURE PARK & EDUCATION CENTER 
ADDENDUM NUMBER 2 


Date; June 2, 2014 


TO ALL PROSPECTIVE BIDDERS: 

The City of Fairfield (City), located at 1000 Webster Street, Fairfield, California 94533, 
hereby issues this addendum to the above-stated project and contract. 

Bidders are instructed to submit bids for this work with the understanding and full 
consideration of this addendum. The revisions declared in this addendum are an essential 
part of the contract, and the contract documents to be executed will contain a copy of this 
addendum. 


Any references to page numbers in this addendum are included to assist Bidders In posting 
the changes in this addendum to the original bidding documents. In cases of conflict 
between the page reference and the description of the change, the description shall take 
precedence. 


The Bidder shall acknowledge receipt of this Addendum on Page P:2 of the Bidder’s 
Proposal and attach this signed Addendum Cover Sheet to the Bidder’s Proposal when 
submitted. 

APPROVED; ACKNOWLEDGEMENT: 



Assistant Director of Public Works/ 
City Engineer 


CONTRACTOR 

Steven L.'Diede, President 


BIDDER: Return a signed copy of THIS PAGE (only) of this addendum with your 
proposal, unless directed otherwise. Please insert it and all other addenda signature 
pages, if any, in numerical order, loosely behind the Proposal signature page in the 
Proposal and Contract book. Failure to thus acknowledge receipt of and Include the 
provisions of this addendum in your proposal will be just cause for considering your 
bid to be non-responsive. 
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Check a License - License Detail - Contractors State License Board 


Page 1 of2 


DEPARTMENT OF CONSUMER AFFAIRS 

. Contractors State License Board 

Contractor's License Detail - License # 632667 

DISCLAIMER: A license status check provides information taken from the CSLB iicense database. Before 
reiying on this information, you should be aware of the following limitations. 

CSLB complaint disclosure is restricted by law (B&P 7124.6t If this entity is subject to public complaint disclosure, a link 
for complaint disclosure will appear below. Click on the link or button to obtain complaint and/or legal action information. 

Per B&P 7071.17 , only construction related civil judgments reported to the CSLB are disclosed. 

Arbitrations are not listed unless the contractor fails to comply with the terms of the arbitration. 

-» Due to workload, there may be relevant information that has not yet been entered onto the Board's license database. 




License Number 


632667 Extract Date 6/5/2014 

.......... 


Business Information 


Business Phone Number: (209) 369-8255 


POBOX 1007 
WOODBRIDGE, CA 95258 


Entity 

Corporation 







Issue Date 

12/04/1991 







Expire Date 

12/31/2015 








License Status 


Classifications 


Certifications 


ACTIVE 


This license is current and active. All information below should be reviewed. 


CLASS 

A 

DESCRiPTlON 

GENERAL ENGINEERING CONTRACTOR 

B 

GENERAL BUILDING CONTRACTOR 


C-2 

INSULATION AND ACOUSTICAL 



C-8 

CONCRETE 



Cl 5 

FLOORING AND FLOOR COVERING 



C39 

ROOFING 



D28 

DOORS. GATES AND ACTIVATING DEVICES 



C27 

LANDSCAPING 




CERT 

ASB 

HAZ 


DESCRiPTlON 

ASBESTOS - (for bidding purposes oniy) 


niH^LMt^uuuo ouDomivuco rrciviuvML 


Bonding 


CONTRACTOR'S BOND 







































Check a License - License Detail - Contractors State License Board 


Page 2 of 2 


This license filed a Contractor's Bond with 

ST PAUL FIRE AND MARINE INSURANCE COMPANY . 

Bond Number: SP5900 
Bond Amount: $12,500 
Effective Date: 01/01/2007 

Contractor's Bond History 

BOND OF QUALIFYING INDIVIDUAL 

1. The Responsible Managing Officer (RMO) DIEDE STEVEN LLOYD certified that 
he/she owns 10 percent or more of the voting stock/equity of the corporation. A 
bond of qualifying individual is not required. 

Effective Date: 10/19/1998 

BQI's Bond History 


Workers' Compensation 


WORKERS' COMPENSATION 

This license has workers compensation insurance with 

ZURICH AMERICAN INSURANCE COMPANY 

Policy Number: WC581799200 
Effective Date: 01/01/2014 
Expire Date: 01/01/2015 


Workers' Compensation History 

Personnel listed on this license (current or disassociated) are iist^ on ofher licenses. 


Personnel List 


Other Licenses 


Conditions of Use | Privacy Policy 

Copyright © 2010 State of California 








DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 




In accordance with Section 5 of the General Provisions for this contract, the following list of sutxontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identic their authorized construction and demolition waste coilection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be perfonrod under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontrart that portion of the work except under the condifions hereinafter set forth. 

SuWeffing or subcontracting of any portion of the work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
Witten approval from toe Engineer. 


The name and location of toe shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcttotractor is as follows: 
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DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In acconJance with Section 5 of the General Provisions for tiis contract, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If to© Conttartor fals to specify a suix:ontractor for any portion of toe work to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of toe work except under toe conditions hereinafter set forth 

Subletting or subcontracting of any portion of the work for which no subcontractor was designated in toe 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from toe Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the vrork to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Item(s) of 
work to be performed 

Percent of ! 
Total 1 

4S^ 


4. 










2) BAii'tVo 

3jf V . 


COAtCy*T'*- 










^3) c^j¥>7. 

i i, iA, CA 
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/h/9fo>^ry 
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St7m 
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Note: Attach additional sheets if required 
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DUNNELL NATURE PARK & EDUCATtON CENTER 


PESIGNATiON OF SUBCONTRACTORS 


In accxjrdance with Sectkjn 6 of the General Provisions for this contact, the following list of subcontractors is 
submitted with the proposal and made a part thereof. 

The Contractor shall Identify their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

If the Contractor fails to specify a subcontractor for any portion of the work to be peiformed under the 
contract he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under toe conditions hereinafter set fath. 

Subletting or subcontractir^ of any portion of the work for which no subcontractor was designated in toe 
original bids shall only be permitted in cases of public emergency or nece^ity, and then only after receiving 
written approval from toe Engineer. 

The name and location of the shop or office of each subcontractor who will perform work or tabor or render 
service to toe Contractor in or about the construction of the project and that portion of the work to be 
performed by the subcontractor is as follows; 


Subcontractor's Name and Address 

Subcontractor 
License Number 

Portion of Work or ltem{s) of 
work to be performed 

Percent of 
Total 













2) c^. 'C-n-C. 

/TK.'tjyiryiS. 


f 

Li 









3) t/. S, & Off n tffi .Wo TftO. 

yc/z 











of 



ij 
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_____—- 
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Note: Attach additional sheets if required 
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DUHNELL NATURE PARK & EDUCATSON CENTER 


DESIGNATION OF SUBCONTRACTORS 

in accordance with Section 5 of the General Provisions for this contact, the following list of subconfradors is 
submitted with tee proposal and made a part teereof. 

The Contractor shall identif/ their authorized construction and demolition waste collection and 
recycling hauler as a subcontractor. 

if the Contfaotor fails to specify a sufaconfractor for any portion of the work to be perfomied under the 
contract, be shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract teat portion of the work except under tee conditions hereinafter set forth. 

Subletting or subcontracting of any portion of tee work for which no subcontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity. ar>d then only after receiving 
written approval from the Engineer 

The name and location of tee shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of tee project and that portion of the work to be 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or itemfs) of 
work to be performed 

Percent of 
Total 

1) i ffy/roi m 


Fi.oori'y r 












..... . 














£/§yt/^y 
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Note; Attach additional sheets if required 









DUNNELL NATURE PARK & EDUCATION CENTER 


DESIGNATION OF SUBCONTRACTORS 

In accordance with Section 5 of the General Provisions for this contract, the following list of subcontractors is 
submitted wite the prc^sai and made a part thereof 

The Contractor shall identify ttreir authorized construction and demotitton waste coUection and 
recycling hauler as a subcontractor. 

If the Contracior fails to specify a subcontractor for any portion of the wsxk to be performed under the 
contract, he shall be deemed to have agreed to perform such portion himself, and he shall not be permitted to 
subcontract that portion of the work except under the conditions hereinafter set forth 

Subletting or subcontractirrg of any portion of the work for which no suteontractor was designated in the 
original bids shall only be permitted in cases of public emergency or necessity, and then only after receiving 
written approval from the Engirreer. 

The name and location of the shop or office of each subcontractor who will perform work or labor or render 
service to the Contractor in or about the construction of the project and that portion of the work to te 
performed by the subcontractor is as follows: 


Subcontractor's Name and Address 

Sub-contractor 
License Number 

Portion of Work or Itemfs) of 
work to be performed 

Percent of 

. 
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Note; Attach additional sheets if required 
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ARTICLES OF AGREEMENT 


THIS AGREEMENT, made on the 




day of -July 


2014, by and between 


CITY OF FAIRFIELD, party of the first part, hereinafter called the CITY, and Diede Construction, Inc., party of 
the second part, hereinafter called the CONTRACTOR. 

It is understood Engineer representing the CITY shall be the City Engineer of Fairfield, acting directly or 
through properly authorized agents. 


WITNESSETH, that the CONTRACTOR and the CITY, for the consideration hereinafter named, agree as 
follows: 


1. SCOPE OF WORK 

The CONTRACTOR hereby agrees to furnish ail of the materials and all of the equipment and labor 
necessary and to perform all of the work shown on the plans and described in the specifications for the 
project entitled: 


DUNNELL NATURE PARK & EDUCATtON CENTER 

all in accordance with the requirements and provisions of the following Documents which are hereby made a 
part of this Agreement: 

a. Plans prepared for same by Cunningham Enqineerina _ 

numbered T0.0-T0.6: C0.1 -C5.3: L1.1 - L3.5: A1.1 -A10.2: FS1.1: M0.1. MCI, 
M0.2-M5.1: P0.1 - P3.3: SI-S11: E0.1-E1.3: AND BC1: (96 Sheets totah _ 

and dated January 17, 2014 _. 

b. Advertisement for Bids. 

c. The Accepted Bid, dated June 2. 2014 _ . 

d. Instructions to Bidders. 

e. Specifications consisting of: 

1) Technicai Specifications dated April 30, 2014, including appendices 

2) City of Fairfield Standard Details and Specifications, 1998 edition. 

3) Standard Specifications issued by State of California, Department of Transportation, 
Division of Highways, dated July, 2006. 

f Performance Bond, dated ^ _, 20 

g. Labor and Material Bond, dated July 8 _ 20JA 

h. Stormwater Pollution Prevention Plan (SWPPP), draft dated December, 2013. 

All of said documents are intended to cooperate so that any work called for in one and not mentioned in 
another, or vice versa, is to be executed and performed the same as if mentioned in all of said documents. 
Said documents, comprising the complete Contract, are sometimes hereinafter referred to as the Contract 
Documents. Should there be any conflict between the ternns of this instrument and the bid or proposal of 
CONTRACTOR or any of the other Contract Documents, this instrument shall control. 
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II. 


TIME OF COIVIPLETION 


a. The work to be completed under this Contract shall be commenced upon written notice to 
proceed. 

b. The work (excluding 90-day Landscape Maintenance Period) shall be completed within 335 
calendar days after the date of written notice to proceed. 

0 . Failure to complete the work within the number of days stated in this Article, including 
extension granted thereto as determined by the City Engineer, shall entitle the City to deduct 
from the monies due to the CONTRACTOR as "Liquidated Damages" (LD's) an amount 
equal to Five Hundred Dollars ($500) for each calendar day or fraction thereof that expires 
after the time specified herein for the Contractor to complete the work and the facility or 
improvements are usable for its intended use. LD's shall apply cumulatively and shall be 
presumed to be damages suffered by the City resulting from delay in completion of work. 

d. Liquidated Damages for delay in completion of work shall only cover administrative, 
overhead, general loss of public use damages, interest on bonds and lost revenues when 
applicable, suffered by the City as a result of delay. LD’s shall not cover the cost to of 
complete the work, damages resulting from defective work, costs of substitute facilities, or 
damages suffered by others who then seek to recover their damages from the City (for 
example, delay claims from other contractors, sub-contractors, tenants, or third-parties, and 
defense costs thereof). 

III. CONTRACT SUM 


a. The CITY shall pay to the CONTRACTOR for the performance of the Contract the amounts 
determined for the total number of each of the following units of work completed at the unit 
price stated thereafter. The number of units contained in the attached schedule is 
approximate only, and the final payment shall be made for the aotual number of units that 
are incorporated in or made neoessary by the work covered by the Contract. 

b. Extra work not included in Article I, but authorized after the date of the Contract that cannot 
be classified as coming under any of the Contract units, may be done at mutually agreed- 
upon unit prices, or on a lump sum basis, or under the provisions of Section 6 of the General 
Provisions. 
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DUNNELL NATURE PARK & EDUCATION CENTER 


A. BASE BID 

The undersigned declares that he has examined the locations of the proposed work, that 
he has examined the plans, specifications, and all the contract documents and-hereby 
proposes to, furnish all materials, labor, equipment, and perform all work in strict 
accordance with the said plans, specifications, and contract documents, including septic 
tank removal, if necessary, as described in the Instructions To Bidders, for the lump sum 
of; 


Total Base Bid Lump Sum Amount = $2,640,000 
(Includes $5,000 Allowance for Septic Tank Removal) 


B. ADD ALTERNATE #1 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item price 

Total Price 

1 . 

Freestanding Trellis Structures 

LS 

Allow 

$21,500 

$21,500 


Total Add Alternate #1 Bid Lump Sum Amount = $21,500 


C. ADD ALTERNATE #2 

Item 

No. 

Item of Work 

Unit 

Quantity 

Item price 

Total Price 

1. 

Window Replacement - Program 
Area ‘A’ Room 01 , South Wall 

LS 

Allow 

$6,400 

$6,400 


Total Add Alternate #2 Bid Lump Sum Amount = $6,400 


D. ADD ALTERNATE #3 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item price 

Total Price 

1. 

Prefabricated Storage Shed 

LS 

_1 

Allow 

$15,400 

$15,400 


Total Add Alternate #3 Bid Lump Sum Amount = $15,400 
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E. ADD ALTERNATE #4 


Item 

No. 

Item of Work 

Unit 

Quantity 

Item price 

Total Price 

1. 

Decorative Concrete Finish at 
Nature Education Center Patio 

LS 

• Allow 

$8,900 

$8,900 


Total Add Alternate #4 Bid Lump Sum Amount = $8,900.00 


Total Base Bid Lump Sum Amount and Total Add Alternates Bid Lump Sum Amount 

(INCLUDES Add Alternates #1 THROUGH #4) = $2,692,200 

(For Determination of Bid Award) 
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IV. 


PROHIBITED INTERESTS 


No employee of the City of Fairfield shall have any direct financial interest in this contract. This 
contract shall be voidable at the option of the City if this provision is violated. 

V. WORKERS' COMPENSATION 

Contractor hereby certifies that Contractor is aware of the provisions of Section 37.00 of the Labor 
Code which require every employer to be insured against liability for workers' compensation or to 
undertake self-insurance in accordance with the provisions of that Code, and that Contractor will 
comply with such provisions before commencing the performance of the work of this contract 


IN WITNESS WHEREOF, the parties have executed this Agreement the day and year first above written. 



Title 


Licensed in accordance with an act providing for the 
registration of contractors. 

Contractor's License: 

a. Class: A B C-2 C-8 C15 C39 ASB HAZ C61/D28 C27 

b. Number: 632667 __ 

c. Expiration Date: 12/31/2015 __ 

FEI Number: 68-0257126_ 
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EDD REPORTING REQUIREMENTS CHECKLIST 


Effective January 1, 2001 the State Employment Development Department (EDD) requires the following. 


Please complete the following: (To be complete by the department) 

Deoartment: 

Date of Contract. 

Authorized bv Res. No.. 

Contract Expiration Date: 

Person Reviewinq EDD Requirements: , 

. Phone: 



EDD REPORTING REQUIREMENTS . When CITY executes an agreernent for or makes payment to CONSULTANT In the amount of 
$600 (six hundred dollars) or more in any one calendar year, CONSULTANT shall provide the following infonnation to CITY to comply 
with EDD reporting requirements: 

A. Whether CONSULTANT is doing business as a sole proprietorship, partnership, limited liability partnership, corporation, limited 
liability corporation, non-profit corporation or other form of organization. 

B If CONSULTANT is doing business as a sole proprietorship, CONSULTANT shall provide the full name, address and social 
security number or federal tax identification number of the sole proprietor. 

C. If CONSULTANT is doing business as other than a sole proprietorship, CONSULTANT shall provide CONSULTANT'S federal 
tax identification number. 

Dear Contracting Company: 

Pursuant to your contract with the above-mentioned City of Fairfield Department, you are required to complete box 1 AND box 2 below. 


Please indicate the type of business and provide the information requested: 
BOX 1 



FULL NAME 

Diede Construction, Inc. 

ADDRESS 

P.O. Box 1007, Woodbridge, CA 95258 

CITY, STATE, ZIP 

12393 N. Highway 99, Lodi, GA 95240 


AND 

BOX 2 


WSM 




SOLE PROPRIETORSHIP 



PARTNERSHIP 



LIMITED LIABILITY PARTNERSHIP 


X 

CORPOFtATION 

68-0257126 


LIMITED LIABILITY CORPORATION 



NON-PROFIT CORPORATION 



OTHER FORM OF ORGANIZATION 



PLEASE RETURN THIS FORM WITH THE SIGNED CONTRACT TO THE CITY OF FAIRFIELD 
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PREMIUM IS FOR CONTRACT TERM 
AND IS SUBJECT TO ADJUSTMENT 
BASED ON FINAL CONTRACT PRICE. 


Bond No: 106112852 
Premium: $24,807.00 


Executed in Duplicate 


PERFORMANCE BOND 


KNOW ALL PERSONS BY THESE PRESENTS that: 

WHEREAS the City of Fairfield (“City”) has awarded to_ 

Diede Construction, Inc. 

P.O. Box 1007, Woodbridge, CA 95258 

(Name and address of Contractor) 

(“Contractor") a contract (the “Contract”) for the work described as follows: 

DUNNELL NATURE PARK & EDUCATION CENTER 

WHEREAS, Contractor is required under the terms of the Contract to furnish a bond for 
the faithful performance of the Contract. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Travelers Casualty and Surety Company of America 
One Tower Square, Hartford, CT 06183 

- - - < 

(Name and address of Surety) 

(“Surety”) a duly admitted surety insurer under the laws of the State of California, as 
Surety, are held and firmly bound unto City in the penal sum of_ 

Two Million Six Hundred Ninety Two Thousand Two Hundred and 00/100 

Dollars ($ 2 , 692 , 200.00 _), this amount being not less than one hundred 

percent (100%) of the total contract price, in lawful money of the United States of 
America, for the payment of which sum well and truly to be made, we bind ourselves, our 
heirs, executors, administrators, successors, and assigns, jointly and severally, firmly by 
these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, shall in 
all things stand to and abide by, and well and truly keep and perform all the undertakings, 
terms, covenants, conditions and agreements in the Contract and any alteration thereof 
made as therein provided, on the Contractor's part to be kept and performed, ail within 
the time and in the manner therein specified, and in ail respects according to their true 
intent and meaning, and shall indemnify and hold harmless City, its officers, agents, and 
others as therein provided, then this obligation shall become null and void; othenwise, it 
shall be and remain in full force and effect. 

In case suit is brought upon this bond. Surety further agrees to pay ail court costs and 
reasonable attorneys' fees in an amount fixed by the court. 
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FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the 
work to be performed thereunder, or the specifications for the same, shall in any way 
affect its obligations under this bond, and it does hereby waive notice of any such change, 
extension of time, alteration, addition, or modification to the terms of the Contract or to the 
work or to the specifications thereunder. Surety hereby waives the provisions of 
California Civil Code §§ 2845 and 2849. City is the principal beneficiary of this bond and 
has all rights of a party hereto. 

IN WITNESS WHEREOF, two (2) identical counterparts of this instrument, each of which 
shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by its undersigned representative(s) 
pursuant to authority of its governing body. 



Title Title 


(Seal) (Seal) 


Note: This bond must be executed in duplicate and dated, all signatures must be notarized, and evidence of the 
authority of any person signing as attomey-in-fact must be attached. 


1 
I 

I 
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ACKNOWLEDGMENT 


State of California 

County of_ San Joaquin _) 


On July 10, 2014 _before me, Linda Gregorich, Notary Public 

(insert name and title of the officer) 


personally appeared Steven L. Diede ___ 

who proved to me on the basis of satisfactory evidence to be the person(^) whose name(^ is/apfe 
subscribed to the within instrument and acknowledged to me that he/sHe/they executed the same in 
his/h0r/th0ir authorized capacity(ie0), and that by his/h0r/th0ir signature{s,) on the instrument the 
person(^, or the entity upon behalf of which the person(^ acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 

LINDA GREGORICH 
Commission # 1925968 
Notary Public - California 
San Joaquin County 

My Comm. Expires Feb 13.20151 

r*-l • • w « • • I • • *i|iC 
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CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT 


STATE OF CALIFORNIA 
County of Sacramento 


} 


On July 8, 2014 


before me, Melissa D. Diaz 


Date 


Insert Name of Notary exactly as it appears on the official seal 


, Notary Public, 


personallyappeared Patricia M. Simas 


Name(s) of Signer(s) 



\XT] 


,,, MELISSA D. Dl 
1;^ . C 0 M M . # 19 4 7 2 3 9 > 
NSTAIY PUBLIC'CAUFORHIAS 
SACRAMENTO CO. J 
EXP. AUG 7, 2 015 \ 


Place Notary Seal Above 


who proved to me on the basis of satisfactory evidence to 
be the person('S) whose name(s) is/are subscribed to the 
within instrument and acknowledged to me that he/she/tlrcy 
executed the same in hts/her/theif authorized capacity(ies'), 
and that by-his/her/thetr signature(&) on the instrument the 
person(s-), or the entity upon behalf of which the person(s-) 
acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of 
the State of California that the foregoing paragraph is true 
and correct. 


Witness my hand and official seal. 


Signature 



Signature of Notary Publio 


- OPTIONAL - 

Though the information below is not required by law, it may prove valuable to persons relying on the document 
and could prevent fraudulent removal and reattachment of the form to another document. 

Description of Attached Document 

Title or Type of Document: Performance Bond - Diede Construction, Inc. - City of Fairfield _ 

Document Date: July 8, 2014 _ Number of Pages:_ 

Signer(s) Other Than Named Above: __ 


Capacity(ies) Claimed by Signer(s) 


Signer’s Name:_ 

□ Individual 

□ Corporate Officer—Title(s):_ 

□ Partner □ Limited □ General 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other:_ 


Signer is Representing: 


Ll 


RIGHT THUMBPRINT 
OF SIGNER 


Top of thumb here 


Signer’s Name: _ 

□ Individual 

□ Corporate Officer—Title(s):_ 

□ Partner □ Limited □ General 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other:_ 


Signer is Representing: 




RIGHTTHUMBPRINT 
OF SIGNER 


Top of thumb here 








WARNING: THIS POWER OF ATTORNEY IS INVALID WITHOUT THE RED BORDER 


TRAVELERS] 


POWER OF ATTORNEY 

Farmington Casualty Company 

Fidelity and Guaranty Insurance Company 

Fidelity and Guaranty Insurance Underwriters, Inc. 

St. Paul Fire and Marine Insurance Company 
St. Paul Guardian Insurance Company 


St. Paul Mercury Insurance Company 
Travelers Casualty and Surety Company 
Travelers Casualty and Surety Company of America 
United States Fidelity and Guaranty Company 


Attornev-In Fact No. 


226822 


Certificate No. 


005681555 


KNOW ALL MEN BY THESE PRESENTS: That Farmington Casualty Company, St. Paul Fire and Marine Insurance Company. St. Paul Guardian Insurance 
Company, St, Paul Mercury Insurance Company. Travelers Casualty and Surety Company, Travelers Casualty and Surety Company of America, and United States 
Fidelity and Guaranty Company are corporations duly organized under the laws of the State of Connecticut, that Fidelity and Guaranty Insurance Company is a 
corporation duly organized under the laws of the State of Iowa, and that Fidelity and Guaranty Insurance Underwriters, Inc., is a corporation duly organized under the 
law s of the State of Wisconsin fherein collectively called the '‘Companies’'), and that the Companies do hereby make, constitute and appoint 

B. G. Midstokke, Renee Ramsey. Richard W. Pratt. Patricia M. Simas. Katherine Gordon, John J. Weber, and Joseph H, Weber 


of the City of- Sacramento -_ S,3,g _ Ualltomia __ Attomeyisl-in-Fact. 

each in their separate capacity if more than one is named above, to sign, execute, seal and acknowledge any and all bonds, recognizances, conditional undertakings and 
other writings obligatoiy in the nature thereof on behalf of the Companies in their business of guaranteeing the fidelity of persons, guaranteeing the performance of 
contracts and executing or guaranteeing bonds and undertakings required or permitted in any actions or proceedings allowed by law. 


California 


IN WITNESS WHEREOF, the Companies have caused this instrument to be signed and their corporate seals to be hereto affixed this 
day of Q-^tober _. 2013 


Farmington Casualty Company 
Fidelity and Guaranty Insurance Company 
Fidelity and Guaranty Insurance Underwriters, Inc. 
St. Paul Fire and Marine Insurance Company 
St. Paul Guardian Insurance Company 


St. Paul Mercury Insurance Company 
Travelers Casualty and Surety Company 
Travelers Casualty and Surety Company of America 
United States Fidelity and Guaranty Company 


(“I 1 » 82 US| 


(1(1977) 


' WCORWfHTEol 

■ 1951 j 




-••.'x+Y 


. 
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State of Connecticut 
Citv of Hartford ss. 



Robert L. Ranev. Senior Vice President 


On this the-1-day of_._, before me personally appeared Robert L. Raney, who acknowledged himself to 

be the Senior Vice President of Farmington Casualty Company, Fidelity and Guaranty Insurance Company, Fidelity and Guaranty Insurance Underwriters. Inc.. St. Paul 
Fire and Marine Insurance Company. St. Paul Guardian Insurance Company, St. Paul Mercury Insurance Company, Travelers Casualty and Surety Company, Travelers 
Casualty and Surety Company of .America, and United States Fidelity and Guaranty Company, and that he. as such, being authorized so to do. e.xecuted the foregoing 
instrument for the purposes therein contained by signing on behalf of the corporations by himself as a duly authorized officer. 


In Witness Whereof, I hereunto set my hand and official seal. 
My Commission expires the 30th day of June, 2016. 


58440-8-12 Printed in U.S.A. 




C. 


•Marie C. Teireault, Notary Public 


WARNING: THIS POWER OF ATTORNEY (S INVALID WITHOUT THE RED BORDER 










Prenaium is included in the Performance Bond. 
Premiurti is for contract term and is subject 
."to adjustment of based on final contract price. 


Bond No: 106112852 


Executed in Duplicate 

PAYMENT BOND 
{LABOR AND MATERIALS) 


KNOW ALL PERSONS BY THESE PRESENTS that; 

WHEREAS the City of Fairfield (“City”) has awarded to Oiede Construction, inc. 
P.O. Box 1007, Woodbridge, CA 95258 


(Name and address of Contractor) 

(“Contractor”), a contract (the “Contract”) for the work described as follows: 

DUNNELL NATURE PARK & EDUCATION CENTER 

WHEREAS, Contractor is required under the terms of the Contract and the California Civil 
Code to secure the payment of claims of laborers, mechanics, materialmen, and other 
persons as provided by law. 

NOW, THEREFORE, we, the undersigned Contractor, as Principal, and_ 

Travelers Casualty and Surety Company of America _ 

One Tower Square, Hartford, CT 06183 

.. - - - - - » 

(Name and address of Surety) 

(“Surety") a duly admitted surety insurer under the laws of the State of California, as 

Surety, are held and firmly bound unto City in the penal sum of Two Million six Hundred _ 

Ninety Two Thousand Two Hundred and 00/100 

Dollars ($ 2 , 692 , 200.00 _this amount being not less than one hundred percent 

(100%) of the total contract price, in lawful money of the United States of America, for the 
payment of which sum well and truly to be made, we bind ourselves, our heirs, executors, 
administrators, successors, and assigns, jointly and severally, firmly by these presents. 

THE CONDITION OF THIS OBLIGATION IS SUCH THAT, if the hereby bounded 
Contractor, his, her or its heirs, executors, administrators, successors or assigns, or 
subcontractors shall fail to pay any of the persons named in Section 3181 of the California 
Civil Code, or any amounts due under the Unemployment Insurance Code with respect to 
work or labor performed under the Contract, or for any amounts required to be deducted, 
withheld, and paid over to the Employment Development Department from the wages of 
employees of the Contractor and subcontractors pursuant to Section 13020 of the 
Unemployment Insurance Code, with respect to work or labor performed under the 
Contract, the Surety will pay for the same in an amount not exceeding the penal sum 
specified in this bond; otherwise, this obligation shall become null and void. 
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This bond shall inure to the benefit of any of the persons named in Section 3181 of the 
California Civil Code so as to give a right of action to such persons or their assigns in any 
suit brought upon the bond. In case suit is brought upon this bond, Surety further agrees 
to pay all court costs and reasonable attorneys' fees in an amount fixed by the court. 

FURTHER, the Surety, for value received, hereby stipulates and agrees that no change, 
extension of time, alteration, addition or modification to the terms of the Contract, or of the 
work to be performed thereunder, or the specifications for the same, shall in any way 
affect its obligations under this bond, and it does hereby waive notice of any such change, 
extension of time, alteration, addition, or modification to the terms of the Contract or to the 
work or to the specifications thereunder. Surety hereby waives the provisions of 
California Civil Code §§ 2845 and 2849. 

IN WITNESS WHEREOF, two (2) identical counterparts of this instrument, each of which 
shall for all purposes be deemed an original hereof, have been duly executed by 
Contractor and Surety, on the date set forth below, the name of each corporate party 
being hereto affixed and these presents duly signed by its undersigned representative(s) 
pursuant to authority of its governing body. 



(Seal) (Seal) 

Note: This bond must be executed in duplicate and dated, all signatures must be notarized, and evidence of 

the authority of any person signing as attomey-in-fact must be attached. 
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ACKNOWLEDGMENT 


State Qf California 

County of_ San Joaquin 


On July 10, 2014 _before me. Linda Gregorich, Notary Public 

(insert name and title of the officer) 


personally appeared Steven L. Diede _____ 

who proved to me on the basis of satisfactory evidence to be the person(^) whose name(^ is/apfe 
subscribed to the within instrument and acknowledged to me that he/sHe/they executed the same in 
his/h0r/th0ir authorized capacity(ie0), and that by his/her/th0ir signature(sj on the instrument the 
person(^, or the entity upon behalf of which the person(|) acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of the State of California that the foregoing 
paragraph is true and correct. 


WITNESS my hand and official seal. 


Signature 




1 


(Seal) 


LINDA GREGORICH 
Commission # 1925968 
Notary Public - California 
San Joaquin County 
My Comm. Expires Feb 13.20151 


iNNAIi 



-See Attached- California All Purpose Acknowledgment 
Complies with Civil Code 1189(a)(1) dated; July 8, 2014 


CERTIFICATE OF ACKNOWLEDGMENT - Attorney-in-Fact 


STATE OF CALIFORNIA 

) 


COUNTY OF 

) ss. 


On this dav of 

. in the year 

, before me, the undersigned 


Notary Public in and for said state, personally appeared_who 

proved to me on the basis of satisfactory evidence to be the person whose name is 

subscribed to the within instrument, as the Attorney-in-Fact of_ 

acknowledged to me that he/she subscribed the name of_ 

thereto as principal and his/her own name as Attorney-in-Fact. 

Notary Public in and for the 

County of_ 

State of California 

(SEAL) My Commission Expires_ 
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CALIFORNIA ALL-PURPOSE ACKNOWLEDGMENT 

STATE OF CALIFORNIA 
County of Sacramento 

On July 8, 2014 _before me, Melissa D. Diaz __, Notary Public, 

C’ate Insert Name of Notary exactly as it appears on the official seal 


personallyappeared Patricia M. Simas 



MELISSA 
COMM. # I 


D. D 
947239 


XT\ 


NOTAIY PUBLIC'CALIFORNIA^ 

' SACRAMENTO CO. ^ 
EXP. AUG 7, 2015 ^ 


Place Notary Seal Above 


Name(s) of Signer(s) 


who proved to me on the basis of satisfactory evidence to 
be the person('S^ whose namefs) is/are subscribed to the 
within instrument and acknowledged to me that he/she/they 
executed the same in his/her/theif authorized capacity(-ies), 
and that by-Ns/her/thefr signature(S') on the instrument the 
personfs^), or the entity upon behalf of which the person(s-) 
acted, executed the instrument. 

I certify under PENALTY OF PERJURY under the laws of 
the State of California that the foregoing paragraph is true 
and correct. 


Witness my ha nd and offic ial seal. 
Signature 


signature of Notary Public 


- OPTIONAL - 

Though the information below is not required by law, it may prove valuable to persons relying on the document 
and could prevent fraudulent removal and reattachment of the form to another document. 

Description of Attached Document 

Title or Type of Document: Payment Bond - Diede Construction, Inc. - City of Fairfield _ 

Document Date: July 8, 2014 _ Number of Pages:_ 

Signer(s) Other Than Named Above:_ 


Capacity(ies) Claimed by Signer(s) 


Signer’s Name:_ 

□ Individual 

□ Corporate Officer—Title(s):_ 

□ Partner □ Limited □ General 

□ Attorney in Fact 

□ Trustee 

□ Guardian or Conservator 

□ Other:_ 


Signer’s Name: _ 

□ Individual 

□ Corporate Officer —-Title(s): 



□ Partner □ Limited □ General 

_ij_ 


□ Attorney in Fact 



□ Trustee 


Top of thumb here 

□ Guardian or Conservator 

Top of thumb here 


□ Other: 



Signer is Representing: 


Signer is Representing: 










WARNING: THIS POWER OF ATTORNEY IS INVALID WITHOUT THE RED BORDER 


TRAVELERSJ 


POWER OF ATTORNEY 

Farmington Casualty Company 

Fidelity and Guaranty Insurance Company 

Fidelity and Guaranty Insurance Underwriters, Inc. 

St. Paul Fire and Marine Insurance Company 
St. Paul Guardian Insurance Company 


St. Paul Mercury Insurance Company 
Travelers Casualty and Surety Company 
Travelers Casualty and Surety Company of America 
United States Fidelity and Guaranty Company 


Attornev-In Fact No. 


226822 


Certificate No. 


005681553 


KNOW ALL MEN BY THESE PRESENTS: That Farmington Casualty Company. St. Paul Fire and Marine Insurance Company, St. Paul Guardian Insurance 
Company. St. Paul Mercury Insurance Company, Travelers Casualty and Surety Company. Travelers Casualty and Surety Company of America, and United States 
Fidelity and Guaranty Company are corporations duly organized under the laws of the State of Connecticut, that Fidelity and Guaranty Insurance Company is a 
corporation duly organized under the laws of the State of Iowa, and that Fidelity and Guaranty Insurance Underwriters. Inc,, is a corporation duly organized under the 
laws of the State of Wisconsm (herein coliecthely called the '‘Companies”), and that the Companies do hereby make, constitute and appoint 

B. G. Midstokke. Renee Ramsey, Richard W. Pratt, Patricia M. Simas, Katherine Gordon, John J. Weber, and Joseph H. Weber 


of the City of _ 


Sacramento 


State of 


California 


. their true and lawful Attomey(s)-in-Fact, 


each in their separate capacity if more than one is named above, to sign, execute, seal and acknowledge any and all bonds, recognizances, conditional undertakings and 
other w'ritings obligatory' in the nature thereof on behalf of the Companies in their business of guaranteeing the fidelity of persons, guaranteeing the performance of 
contracts and executing or guaranteeing bonds and undertakings required or permitted in any actions or proceedings allowed by law. 


IN WITNESS WHEREOF, the Companies have caused this instrument to be signed and their corporate seals to be hereto affixed, this 

, . October 2013 

day of_._. 


Farmington Casualty Company 
Fidelity and Guaranty Insurance Company 
Fidelity and Guaranty Insurance Underwriters, Inc. 
St. Paul Fire and Marine Insurance Company 
St. Paul Guardian Insurance Company 


St. Paul Mercury Insurance Company 
Travelers Casualty and Surety Company 
Travelers Casualty and Surety Company of .America 
United States Fidelity and Guaranty Company 




State of Connecticut 
City of Hartford ss. 





f ManpoiwrEDt 

; 1951 J 
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1898 Jl 



Robert L. Ranev. Senior Vice President 


October 


On this the-1-day of_, ~ , before me personally appeared Robert L. Raney, who acknowledged himself to 

be the Senior Vice President of Farmington Casualty Company, Fidelity and Guaranty Insurance Company. Fidelity and Guaranty Insurance Underwriters, Inc.. St. Paul 
Fire and Marine insurance Company. St. Paul Guardian Insurance Company, St. Paul Mercury Insurance Company. Travelers Casualty and Surety Company. Travelers 
Casualty and Surety Company of .America, and United States Fidelity and Guaranty Company, and that he. as such, being authorized so to do. executed the foregoing 
instrument for the purposes therein contained by signing on behalf of the corporations by himself as a duly authorized officer. 


In Witness Whereof, I hereunto set my hand and official seal. 
My Commission e.xpires the 30th day of June. 2016. 


g/vU C ■ 


■Marie C. Tetreault. Notars Public 


58440-8-12 Printed in U.S.A, 


WARNING: THIS POWER OF ATTORNEY IS INVALID WITHOUT THE RED BORDER 











